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ACTION SY-05 

INFO OCT-01 EA-07 ISO-OO FBO-02 USIA-06 /021 W 

065231 

R 130553Z FEB 76 
FM AMEMBASSY SEOUL 
TO SECSTATE WASHDC 5448 
INFO AMCONSUL HONG KONG 


LIMITED OFFICIAL USE SEOUL 1069 

STATE FOR A/SY/FO 

HONG KONG FOR RSS/RTC 
BOE.O. 11652: N/A 
TAGS: ASEC, ABLD 

SUBJECT: SECURITY PROTECTION FOR PUBLIC ACCESS AREAS 
REF: STATE 033540 

1 . COST BREAKDOWN FOR CHANCERY LOBBY - $21,900.00 TOTAL 

(A) GOVERNMENT FURNISHED MATERIALS -LEXGARD $ 5,910.00 

(B) LOCAL PURCHASED MATERIALS - STEEL PLATE, 

CONCRETE, STEEL WINDOWS AND DOOR FRAMES, 

PAINT, GALVANIZED WIRE, TERRAZZO COUNTER 
TOP, ETC. $ 5,354.00 

(C) LABOR $ 6,086.00 

(D) SHIPPING, PACKING, AND INSURANCE ETC. $ 3,000.00 

(E) ARCHITECTURAL DRAWINGS $ 1 ,550.00 

2. COST BREAKDOWN FOR OBX - $1 1,300.00 TOTAL 

(A) GOVERNMENT FURNISHED MATERIALS -LEXGARD $ 3,600.00 
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(B) LOCAL PURCHASED MATERIALS-STEEL PLATE, 
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CONCRETE, STEEL WINDOW AND DOOR FRAMES, 

PAINT, ETC. S 2,992.00 

(C) LABOR $ 2,008.00 

(D) SHIPPING, PACKING, INSURANCE $ 2.000.00 

(E) ARCHITECTURAL DRAWINGS $ 700.00 

FBO REPRESENTATIVE IS IN PROCESS OF DRAWING DETAIL PLANS 
FOR OBX BULLET-PROOF MARINE DESK - ESTIMATE FORWARDING 
DRAWINGS TO A/SY/FO WITHIN TEN DAYS. 

3. COST BREAKDOWN FOR CONSULAR SECTION - $27,000.00 ESTIMATE 

(A) GOVERNMENT FURNISHED M ATF.RI AT ,S-T .EXGARD $12,600.00 

(B) LOCAL PURCHASE MATERIALS-STEEL WINDOW 
FRAMES AND DOOR FRAMES, STEEL PLATE, 

CONCRETE, PAINT. DOORS, WIRE, ETC. $ 6,424.00 

(C) LABOR $ 3,086.00 

(S) 

PACKING, SHIPPING, INSURANCE $ 3,000.00 

(E) ARCHITECTURAL DRAWINGS $ 1 ,890.00 

DECISION RECENTLY MADE AS TO EXACT LOCATION AND LAYOUT OF 
CONSULAR OFFICES. ESTIMATE SUBMISSION OF DETAILED DRAWINGS 
BY MARCH 10, 1976. 

SNEIDER 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 13 FEB 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: morefirh 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976SEOUL01069 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D760055-0209 
From: SEOUL 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t19760250/aaaabrpv.tel 

Line Count: 93 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION SY 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 

Previous Classification: LIMITED OFFICIAL USE 

Previous Handling Restrictions: n/a 

Reference: 76 STATE 33540 

Review Action: RELEASED, APPROVED 

Review Authority: morefirh 

Review Comment: n/a 

Review Content Flags: 

Review Date: 25 MAY 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <25 MAY 2004 by buchant0>; APPROVED <01 JUL 2004 by morefirh> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
04 MAY 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: SECURITY PROTECTION FOR PUBLIC ACCESS AREAS 
TAGS: ASEC, ABLD 
To: STATE 
Type: TE 
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